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DEPT EOR A/FBO, A/SY/OPS/FO 
FRANKFURT: FOR RSS 

E.O. 11652N/A 
TAGS: ABID, ASEC 

SUBJECT: MODIEICATION DESIGNS EOR NEW BUILDING, 
USMISSION GENEVA 

1 . CONSTRUCTION OF THE NEW MISSION BUILDING IS 
PROGRESSING SMOOTHLY. THE CONTRACTOR IS NOW 
EXCAVATING FOR THE FOUNDATION AND SHOULD HAVE THE 
FOUNDATION COMPLETED BY MID-JULY. TO DATE NEITHER 
THE RSO NOR FBO PROJECT SUPERVISOR IS IN RECEIPT 

OF CONSTRUCTION DRAWINGS/SPECIFICATIONS FROM MR. 
KNOPP OR DEPT FOR DESIGN MODIFICATION TO THE NEW 
MISSION. 

2. IT SHOULD BE NOTED THAT THE CONTRACTOR SHOULD 
BE IN RECEIPT OF DESIGN MODIFICATION AT THE 
EARLIEST POSSIBLE DATE. IF DEPT IS NOT IN RECEIPT 

OF DRAWINGS AND SPECIFICATIONS, COULD MR. KNOPP 
BE PROMPTED FOR THESE? IF DEPT IS IN RECEIPT OF 
THESE, PLEASE FORWARD TO GENEVA. 

VANDEN HEUVEL 
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